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ECIAL HAHBUKO 


66B00728R0Q01 001 1 0040-3 


PRIORITY 


31 HAY 63 


25X1 A 



PROM CONTRACTING OFFICER 


ITBK IS HEREBY AUTHORIZED TO PROCEED WITH FABRICATION AND DELIVERY TO 
THE GOVERNMENT OF FIVE ADDITIONAL IANYARD CAMERA SUBSYSTEMS, IN ACCORDANCE 
WITS WORK STATEMENT AND DESIGN SPECIFICATIONS APPLICABLE TO CONTRACT BT-19^3. 
THE COST THEREOF WILL BE SUBJECT TO NEGOTIATIONS. ITEK IS AUTHORIZED TO 
INCUR COSTS UP TO BUT NOT EXCEEDING 


25X1 A 


tN INITIATING THIS WORK. 


CONTRACTOR IS REQUES TED TO SUBMIT A DETAILED COST BREAKDOWN FOR THIS WORK 
ASAP. 
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